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BILL NO. S-76-05-^^, 




SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving Change Order 
No. 5 in connection with the Senior 
Citizen Center. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY 
OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 5 to Civilian 
Construction Corporation in connection with the Senior 
Citizen Center in the amount of $246.00, as set out in the 
specifications, is hereby in all things ratified, confirmed 
and approved. 

SECTION 2. This Ordinance shall be in full force 
and effect from and after its passage and approval by 
the Mayor. 



Councilman 


APPROVED AS TO FORM 

AN! 










lead the first tine in full and rtf notion by_ 
A2_ , and duly adopted; read the second 


, seconded by 

UitbfV^ni referred 

to the Committee on C£)w £*'* , {arrd-t he-^rTlan 

■CotfniTirnTn^r-rerortm?^^ Hrrn-te-4^^ 1 eaal notice, 

at theTSuHcrrHHYiffEfyr^^ 


o'clock °.M,, £, S, T, 


Read the 

seconded by 

third time in full and 

_ 

on motion 

, and duly 

Passed 

by the foTIov/ina vote; 


AYES 

HAYS 

ABSTAIMED 

TOTAL VOTES 
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BURNS 

JL 


HIKGA ' 
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HUNTER 
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HOSES 
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NUCKOIS 
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schhidt, d. 

-X 


SCHMIDT, V. 

■ •—=nr 


STIER 

„A 


TALARICO 

JA 

A- 


' DATE: 



qgj^ 

feHt^cTTTTTERr^ ‘ ^ 
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JL 


“* OTY~CLiRK 7 ^7 

Passed and adopted by the Cdffffon Council of the City of Fort Wayne, Indiana, 







































































Bill No. S-76-05-36 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 

We 9 your Committee on Public Works _ to whom was referred an Ordinance 

approving Change Order No. 5 in connection with the Senior Citizen Center 


have had said Ordinance under consideration and beg leave to report back to the Common 







































CHANGE ORDER 


Change Order No. 6-00 _ 

Project No. _ 7B1 B _ 

Name of Project __ Senior Citi7en Oentpr 

To: Civilian Construction Corporation 
(Contractor) 


Resolution No. 
Board Order No. 
Date 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: * . 


Item 

No. 

Quantity 

Description of Change 

Unit Price 

Chanqe in Co 

ntract Price 

Material 

Decrease 

Increase 

1 


Additional wall area due to alteration 

of Multi-Purpose SErvinq Room layout 



$ 246,no 





















| 



Total Decrease 

Total Increase 

Net (Increase) Contract Price 




$ 246.00 


$ 246.00 


The sum of $ 246.00 _ is hereby (added to) (cM^X^)S©tJ©0 the total contract 

price, and the final contract price shall be adjusted as follows: 

Original Contract Price $ 559.250.00 

Current Contract Price Adjusted by Previous Change Order $ 571 ,635.00 

New Contract Price Including this Change Order $ 571,881.00 


The time provided for completion in the contract for this project is (unchanged) 
(&&&M8M&) by - calendar days due to this Change Order. The date for completion 

of all work shall be August.. 1Q76 _ _• Furthermore, this document shall become an 

amendment to the contract and all provisions or the contract shall apply hereto. 


Recommended by: 
Accepted iq yi 
Approved by: 
Approved by: 







Engineer) Pat 

(Contractor) Date /Ma-v IS>~7£> 

-(■frgtafr Engineer) Date / o — c 


(Owner) Date <3 


<f~~/ 9- 


Attested by: 

















































Change Order No. 5-GC 

Resolution No. ._ 

Board Order No. __ 


REQUEST AND JUSTIFICATION FOR CHANGE 

Necessity for change: The redesign of the Multi-Purpose SErving Room calls for the 

addition of approximately 8 lineal feet of wall (5/8" fire-rated gypsum lath on metal 

stud). The cost indicated reflects this addition. 


2. Will proposed change alter size of the project? Yes _ No 

If yes, explain: __ _ __ 


3. Affect on operation and maintenance cost of this project: None 



Engineer 






























TITLE OF ORDINANCE SPECIAL ORDINANCE - Change Order #5 of Civilian Construction on Senior 

Citizen Center 

DEPARTTETT REQUESTING ORDINANCE board of public works _ 

~ ~ (o 

SYNOPSIS OF ORDINANCE Change Order #5 of Civilian Construction Corporation in amount 

of $246.00 provides for construction of an additional wall area due to the 

redesign of the multi-purpose serving room.in the Senior Citizen Center. 

gince original plans were drawn, determination was made to make certain changes 

-tQ-provide..more workable layout. 


EFFECT OF PASSAGE Provides.for more adequate facility 


EFFECT OF NON-PASSAGE inability to improve design. 


MONEY INVOLVED (Direct costs. Expenditures, Savings) Additional construction 

cost - $246.00 



ASSIGNED TO COfTIITTEE 

































